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SUBJECT: SECURITY PROTECTION AFFORDED PUBLIC ACCESS AREAS AT 
OVERSEAS POSTS 

REF: A) STATE 210312; B) STATE 271528; C) TAIPEI 7247 

1. PROPOSALS AND COSTS ESTIMATES FOR U.S. MISSION FACILITIES AT 
TAIPEI INITIATED REF (C) CONTINUE AS FOLLOWS: 

A. GSO COMPOUND: 

(1) ARMOR SINGLE DOOR TO UPSTAIRS OFFICE; CONSTRUCT ESCAPE 
HATCH FROM OFFICE TO WAREHOUSE ROOF; CONSTRUCT AND INSTALL ESCAPE 
LADDER; AND INSTALL AUDIBLE WARNING ALARM. COST: CONTRACTOR - $500; 

USG MATERIALS - $125.00. 

(2) INSTALL MYLAR ON ALL WINDOWS (3,000 SQ FT). COST: 

CONTRACTOR - $900.00; USG MATERIALS - $1,560. 

B. EMBASSY RESIDENCE: 

(1) REINFORCE DOOR FROM MASTER BEDROOM INTO BATH/DRESSING 
ROOM AREA AND DOOR FROM DRESSING ROOM LEADING TO REAR STEPS: INSTALL 
TEXAN ON WINDOWS IN SAFE ROOM AREA; PARALLEL TELEPHONE, INTERCOM AND 
RADIO SYSTEMS IN SAFE ROOM. COST: CONTRACTOR - $1,000; USG 
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(2) INSTALL MYLAR OVER ALL WINDOWS (2,00 SQ FT). COST: 

CONTRACTOR - $660; USG MATERIALS - $1,000.00. 

C USIS, TAIPEI: 

(1) (A) REINFORCE RECEPTIONIST POSITION ON GROUND FLOOR 
WITH LEXAN AND PLATING. 

(B) REINFORCE EXISTING GLASS DOORS AND GLASS PARTI- 
TIONS LEADING TO GROUND FLOOR LOBBY WITH LEXAN AND ELECTRONIC 
LOCKS. 

(C) GROUND FLOORSDOORS LEADING INTO EXTREME 
STAIRWELLS BE REINFORCED AND CONTROLLED BY ELECTRONIC LOCKS. 

(D) LEXAN BARRIER ELECTRONICALLY CONTROLLED BY 
INSTALLED ACCROSS CENTRAL STAIRWELL. 

(E) REAR DOOR INTO BUILDING BE REINFORCED AND 
CONTROLLED ELECTRONICALLY. 

(F) WOODEN GATES INTO REAR OF COMPOUND BE 
REPLACED WITH HIGHER METAL GATES. 

(G) REAR GATE GUARD POSITION BE RECONSTRUCTED 

WITH ARMORED WINDOW THROUGH COMPOUND WALL; TRAFFIC BAR OPERATED 
FROM GUARD HOUSE BE INSTALLED. 

(H) RAISE HEIGHT OF WALL FROM GUARD HOUSE TO 
NORTHEAST CORNER OF BUILDING. 

(I) INSTALL SIGNAL ALARM FROM REAR GATE TO 
EXECUTIVE OFFICE. 

(J) INSTALL CCTV COVERING MAIN LOBBY MONITORED 
FROM EXECUTIVE OFFICE. 

COST: CONTRACTOR - $7,800; USG MATERIALS - $6,660. 
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D. TRADE CENTER: 

(1) (A) CONSTRUCT ELECTRONICALLY CONTROLLED LEXAN 
BARRIER INSIDE RECEPTION AREA ON SECOND FLOOR. 

(B) REINFORCE DOORS LEADING FROM CONFERENCE ROOM 
INTO OFFICE SPACE AREA AND EQUIP WITH ELECTRONIC LOCK. 
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COST: CONTRACTOR - $2,000; USG MATERIALS - $1,875. 

(2) TREAT GROUND FLOOR (EXHIBIT) WINDOWS AND OFFICE 
WINDOWS ON SECOND FLOOR (TOTAL - $1,875 SQ FT) WITH MYLAR. 

COST: CONTRACTOR - $600; USG MATERIALS - $1,000. 

(E) INSTALL CCTV SCANNING GROUND FLOOR RECEPTION AREA 
MONITORED IN DIRECTOR'S OFFICE; INSTALL AUDIBLE ALARM ACTIVATED 
FROM BOTH GROUND FLOOR RECEPTIONIST AND SECOND FLOOR 
RECEPTIONIST POSITIONS. COST: CONTRACTOR - $650. 

2. EXPANDED NARRATIVES COVERING THESE PROPOSALS ALONG WITH 
ANNOTATED DRAWINGS POUCHED TO DEPARTMENT (A/SY/FO) THIS DATE, 
REGISTRY #1964235. 

3. SO OFFICE SPACE LEASED FROM ECONOMIC PLANNING COUNCIL, GROC, 
AND TRADE CENTER SPACE IS PROVIDED USG BY EPC. USIS IS LEASED 
FROM GROC. EMBASST RESIDENCE IS FBO PROPERTY. 

4. TECHNICAL DETAILS FOR ALL PROPOSALS CURRENTLY BEING PRE- 
PARED AND WILL BE FORWARDED AS THEY ARE DEVELOPED. PROPOSALS 
FOR USIS, TAIPEI. REVIEWED WITH RICHARD BOND, CHIEF, IOS/P, 

USIA, DURING HIS RECENT VISIT AND RECEIVED HIS GENERAL 
ENDORSEMENT. BOND INDICATED HIS DIVISION WOULD ASSIST IN PRE- 
PARING TECHNICAL DETALS FOR PROPOSAL MADE IN PARA 1 .C.(1)(D) 
ABOVE. TAIPEI A-205, 6/3/70, BASIC SECURITY SURVEY, USIS. 

TAIPEI, PHOTOGRAPH 14, DEPICTS A PORTION OF THE AREA WHER 
IOS/P WILL ASSIST IN DIFFICULT DESIGN PROBLEM. 

5. PROPOSALS AND ESTIMATED COSTS FOR USIS, KAOHSIUNG, TAINAN, 
TAICHUNG, AND EMBASSY LANGUAGE SCHOOL. TAICHUNG, FOLLOW BY 
SEPTEL. 
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